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DPS-4670 
Sepy of 3 
@ October 1956 


MEMORANDUM FOR THE RECORD 


SUBJECT; Concurrence in Amandment No. 6 to Contract Ho, AF33(600)-35906 
| ae Raymond, and Brown, Inc., C990 ~25X1A 


i. Thies memorandus contains a recommendation sutmitted for 
approval of the Special Asaistant to the Direetor for 
Development. Such recomendation is set forth im Paragraph 4. 


2. Gontract No. SC-990 ani Amendments Hos. 1 thru 5 thereto 
for the procurement of 19 PRF indicators end associated 
equipment ani 5 units of field modification for the recorder for 
the Project and Air Force. Amendment Bo, 6 extends the period of 
performance of the contract. to 2. Tacmaber 1958 te cover the delay 
in delivery of 6299 tubes by the General Electric Company. 


3. Mo additional funis are obligated by this Amendment No. 6. 
4o Approval of Amendment No. 6 to Contract No. SC-990 and 


execution thereof on behalf of the Agency by the authorized 
Contracting Officer is recommended, a 
25X1A a as 
CONCURRENCES s . Contracting Officer ae 
po 
he : ¥ 
25X1A Distribution: wR gy > 
Orig - SC-~990 te Se . 
7? ~ Finance “oD 
3 = Chrono, RI 
25X1A DPS/DC1 SR Ino (23/10/58) 
25X1A 


Approval requested in 
Paragraph 4, granted, 


25X1A 
Office of General Counsel 
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